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February 3, 19 59 


STAT 


Subject: Task Order No. 2 
Dear Mr. Arnstin: 

Enclosed are two copies of Progress Report No. 3 which sum- 
marizes the action taken on the subject Task Order during the period 
from 20 December 19 58 through 20 January 1959* 

Also enclosed is a copy of the Project Fiscal Report as of 
31 December 1958. 


STAT 


TJH/jf 

Enclosures: 

(A) Progress Report No. 3 (2 pgs) 2 copies 

(B) Project Fiscal Report (Task 2, 1 pg) 1 copy 

(Task 1 & 2 total, 1 pg) 1 copy 


Copy to: Contracting Officer 

(w/l copy of enclosures) 
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U-379 - TASK ORDER NO. 2 

PAGE NO. 1 of 2 
REPORT NO. I 


Contract Action: 


: 1. At a m eeting between the Government Project Engineer and 

on January 13, 1959, at which time the existing con- 
veyor was used to te3t various size cartons and pallets, the following 
decisions were made: 


STAT 


a. The conveyor should he made to accommodate both the 
37" door and the 55" door. 

b. The exit direction should be 90 ° , or nearly 90°, in 
order to utilize the maximum door width. 

c. Tapered rollers with serrations and/or skate wheels 
should be used to aid in making the pallets track. 

d. The inside rail should be the minimum size possible, 
except that the existing rail should be used if possible. 

e. There is no weight requirement for this revised system. 

A final design will be made vrith weight saving as the prime objective after a 
feasible conveyor system is demonstrated. 

f • Existing parts are to be used where possible. 

g. Revise two (2) 10' conveyor sectiohs only with rollers at 
4" pitcn to accommodate a 17 x 17 pallet or a package weight increase from 
650 # to 1300 #. These two 10 ' sections should be adjustable in an inboard- 
outboard direction. 


h. Maximum adjustability and minimum installation time 

are desired. 

i . The speed requirement of the boxes is changed from 

30 raph to 10 mph maximum. • 

j . The rails are to be spread to the maximum practical . - 

width. 

k. The inner rail should be adjustable. 

l. Add more bevel to the leading edge of the brakes. Add 
bevel to the trailing edge of brakes for loading. 

m. A new brake (or brakes, if more than one idea seems 
practical) in the standard roller section of the conveyor. 

n. Add a return pedal on the transition area brake 

mechanism. 


Sanitized Copy Approved for Release 2011/05/09 : CIA-RDP78-03642A001200010013-3 


Sanitized Copy Approved for Release 2011/05/09 : CIA-RDP78-03642A001 20001 001 3-3 


C-379 - TASK ORDER NO. 2 

PAGE NO. 2 Of 2 

REPORT NO. $ 


o. Move the bottom of the aft vertical roller or otherwise 
protect against jamming of the cartons. 

p. Add latches to the vertical (door) rollers to prevent 
excessive motion during operation. 

q. Keep the center guide rail, but make it as adjustable 

as practical. 

r. Add flares to the guide rails in the entry area. 

s. The maximum pallet width is changed to 31" • This is 
for two 15 " x 60 " boxes side by side on the box edges, plus 1" for ropes. 
Normal pallet size will be 17" x 40" . 


t . Add a latch between the vertical rollers to form a gate 
for the protection of operating personnel. 

u« A pencilled sketch of the " Dispatching Possibilities” 
left by the customer is to be supplemented by measurements tauten from pallets 
and cartons which were left by the customer. 


Action Required: 


was requested to prepare a pro- 
posal incorporating the above changes into a "Revised Conveyor" . The object 
of this program is to determine a feasible and practical conveyor. This pro- 
posal lias been prepared and will be delivered to the customer at the proposed 
meeting on January 29, 1959* 


\ 


Prepared by_ 


AT 
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SE IT l T LEi A I RCRAF DORS PROJECT FISCAL REPORT [contract No — 

Project Manager Date* Work Order No. 


_STAT 


Paid Paid 

Account End Prior Current 
A unt Name Number Month Month 

Structures 9111.11 1 1 n\ a | 1 

EiM.^jrs. Design 9111.21 

E.M.Maoh. Design 9111.22 

Electronics Sys 9111.31 

Electro n.Mech. 9111.32 

Nuclear Energy 9111.41 I I ^ 

Ordnance 9111.51 


Open Commit t 

Purchase Costs 
Commitments To Date 


Committed Estimated Estimated 

Costs Cost To Costs At 

To Date Complete Completion 



9111.71 

Tool Engr. 


Proj.Supv. 

9111.91 

Eng .Labor 

9111 

Mechanical 

9112.11 

Electronic 

9112.21 

Inspection 

9112.31 

Mfg. Labor 

9112 

Total Labor 

911 


Structures 
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COM I-UCTT tttz 7T TLE. AIRCRAFT Z PROJECT FISCAL REPORT [Contract Ho. 

Project Manager] Date* 12-31-58 Work Order Mo7 


Contract No. 

C = 379 

Uork Order No. 

STAT 


Acfcwunt Name Number 

Structures 9111 »11 

E.M.gyi. Design 9111*21 
E.M.Ifach. Design 9111*22 
Electronics Sye 9111*31 
Electron .Mech. 9111*32 


Nuclear Ener 


Ordnance 9111*51 


r. Services 9111*81 


111.71 


Tool 


Paid Paid 

Account End Prior Current 
Number Month Month 


Number Month 
9111.11 1 17, 


Open Commit t 

Purchase Costs 

Commitments To Date 


Committed Estimated Estimated 


2/7 O 


Cost To 
Complete 

\izr 


Costs At 
Completion 





vm \ 


Labor 


Mechanical 


Inspection 


9112.11 1 i\tVo\o 


112.21 


9112.311 t 1777 If 


\WKSm 


HI 

PHI 


\ rw%rm 

tes rm 



Total Labor 



■jP 




p>i 



E.MeMech . Des ign 9111*22 



Nuclear Ener, 


Ordnance 9111 »51 1 i 


r. Services 9111 #61 


wmsMwmmrzm 

■5555rnria 

rtmimwnwsm 


Mechanical 


9112.11 1 




aafcui 


9|/V5'k5 


or 



Total Labor 

911 

MScPP 

9123 

Sub .Contract 

9124 


■BKUHErai 




5i 



iifieBiHRiraavBi 



5 K^a*Fir;.>/ji| 
’T1E?: 



■rraHl 


2 l/oc|^3 


53 7 







CONTRACT CHANGES/PROPOSALS INC. IN ESTIMATED COST iUSJJL z 1 d££LL ± 

00WRACT <2i/j*ljk> INCLUDED IN SELLING PftICfc 7/95* # * 

SCHEDULE COMPLETION DATE ~-V\ 1111,1 ,r in ; 

S5LUNC PUIC SCpffr /fcf £f7.fV // a 12 M 7 ! 2 ±£llAl k 

Sanitized Copy Approved for Release 2011/05/09 : CIA-RDP78-03642A001 20001 001 3-3 t 79 -K 






























































